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|BILL NO. 5287-08- oy 


SPECIAL ORDINANCE NO. S-Q9 ZA 7. 
| AN ORDINANCE approving Change Order 
[| No. 1 and FINAL, Res. 184-87, Corwin 
Lane Street Lighting, with Weikel 
Line Company, Inc., in connection 
with the Board of Public Works 


and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 and FINAL, Res. 
184-87, Corwin Lane Street Lighting, with Weikel Line Company, 
Inc., in connection with the Board of Public Works and Safety, 
ifor: 
this Change Order is necessary 
| because prudent construction and/or 
engineering procedures mandated 
| more conduit than planned. After 
j] the field work and before construction, 
| new drive approaches were installed. 


New trees were planted and one 
new planter was created; 


involving a net increase of Eighty-Four and 63/100 Dollars ($84.63), 
all as more particularly set forth in the specifications, and 

which is on file with the Office of the Board of Public Works 

and Safety and is by reference incorporated herein, made a part 
hereof, and is hereby in all things ratified, confirmed and approved. 
| SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


sere a ee a CLP 3 
Councilmember 


APPROVED AS TO FORM 
AND LEGALITY : 
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CHANGE ORDER 


Change Order No. 1 & Final Resolution No. _ 184-87 
Project No. Board Order No. 
Name of Project_Corwin Lane Street Lighting Date 8/5/87 
To: 
(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Bee: Description of Change py a g 
Unit Price Increase 


119.0 LFT] Trench in earth 20" deep 104.72 
63.0°LFT Push under street, drived, etc. Poe oo 280.35 
171.0 LFT | 2/C#6 Copper wire in trench & 59.85 

conduit 
89.0 LFT Grade, seed & mulch 31315 


Total Decrease 
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Total Increase 


Net (Reergagg) (Increase) Contract Price 


The sum of $ 84.63 is hereby (added to) (daduxxudxfxmm) the total contract price 
and the final contract price shall be adjusted as follows: 

Original Contract Price S27 25243 

Current Contract Price Adjusted by Previous Change Order $ 0.00 

New Contract Price Including This Change Order $ 7300.06 
The time provided for completion in the contract for this project is (unchanged) (2#eKex#BES) 
(SSSHBREREI by 0 calendar days due to this Change Order. The date for completion 
of all work shall be 874/87 . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: 3 A. Wa g CHEE scion Engineer) Date AES 
y 


(Contractor) Date ELb SBD 
Dat K = 7 Be, 


Bree 
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Attested by: Milen a PES ET pean (Clerk) Date ES e 


Change Order No. j & Final 
Resolution No. 184/87 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


l. Necessity for change: Due to construction of drives, planters, and trees 


planted or constructed after blueprints were drawn but before installation of 


street lights. Thus the requirement of more conduit than planned. 
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2. Will proposed change alter size of the project? Ves mi No 


If yes, explain 


Only the monitary value is affected. 








3. Affect on operation and maintenance cost of this project: 


There is no affect on erational cost. Long term maintenance cost could be 


less if underground repair is needed by virture of less digging is required 


in those specific areas. 








Construction Engineer 
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SANDRA E. KENNEDY, CITY CUE 





Read the thg time in full and on motion by 
seconced by Split th , and duly adoptéd 
passage. PASS=D (LOSE)? by the following vote: 
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SANDRA EB. KENNEDY, CITY CEERK 
Passed and adopted by the Common Council of the city of Port 
Wayne, Indiana, as (AR 


(SPECIAL) (ZENING-MAP) ORDINANCE 


on the V4 day of 










SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor of the 


on the ý EA day of 


PRESIDIN 





SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this ib A _aay of Sy Se oe r 
' aoe ie ' = 
19 if r at the hour of J oS cisek -M.,E.S.T. 
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MOSES, JR., MAYOR 
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Change Order #1 and FINAL, Res. 184-87, Corwin Lane Ltg. 





TITLE OF ORDINANCE 





B d of Publi k Saf 

DEPARTMENT REQUESTING ORDINANCE Le Pos O opa e OT E Sae i ce 

Change Order #1 and Final for Res. 184-87, Corwin L 

SYNOPSIS OF ORDINANCE Cee as we gd ees 
Street Lighting is necessary because prudent construction and/or 








engineering procedures mandated more conduit than planned. After 





the field work and before construction, new drive approaches were 








installed. New trees were planted and one new planter was created. 





Weikel Line Company, Inc., is the contractor 
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EFFECT OF PASSAGE To facilitate completion of project. 





EFFECT OF NON-PASSAGE 
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MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS)  =mCrease of $84.63 





ASSTGNED TO COMMITTEE 





BILL NO. S-87=08-=28 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON 3 
L ET ne | a 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
RAAE BEY SERDAR A OIT E E A D E 


REFERRED AN (ORDINANCE) (KBSÖKÖXXƏĞN)._ approving Change Order- 


No. 1 and FINAL Res. 184-87, Corwin Line Company, Inc. , in 


connection with the Board of Public Works and Safety of the 

City of Fort Wayne, Indiana 7 : i 
ER TS SS EEEE S a a ala TE E e e e Cag ee 
WC a a a a e a L a 
iE Tee ea se Se oR a a ea a a a 
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RAVE HAD SAID (ORDINANCE), (RESOXKUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


` (RESOXYPEDONY 
A ERAEN E MAET SoA an WP ee, SR, OR RS ere ae aa i 


Is 


YES. 


CHARLES B. REDD 
CHAIRMAN - >wwq_ew 


PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 





SAMUEL J. TALARICO 


CONCURRED IN dee ke A A SANDRA E. KENNEDY 
CITY CLERK 








